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BILL NO. S-83-08- 






SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving a Contract 
by the City of Fort Wayne by and 
through its Board of Aviation Com¬ 
missioners for extension of Baer 
Field Thruway Dalman Road to Smith 
Road. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 


OF THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. The annexed Contract, made a part hereof. 


by the City by and through its Board of Aviation Commissioners 
for extension of Baer Field Thruway Dalman Road to Smith Road, 
is hereby ratified, and affirmed and approved in all respects. 
The work under said Contract requires: 


for extension of Baer Field Thruway as 
4 lanes over Dalman Road to Smith Road, 
approximately 5,500 feet. City to pay 
69% of cost based on bids received for 
its share of 2 laning and guard rail 
for part in City. County to pay 31% 
of cost of 2 laning and guard rail for 
part in County. FAA is paying 90% of 
Board's cost of 2 laning as part of re¬ 
location of Indianapolis Road in order 
to extend Runway 13-31 approximately 
2,000 feet to the Northwest. 


the Total Contract price is One Million Three Hundred Seventy- 
Nine Thousand Nine Hundred Ninety-Two and 61/100 Dollars 
($1,379,992.61), (City's share Two Hundred Forty-Three Thousand 
One Hundred Fifty-Four and 82/100 ($243,154.82);Board's share 
One Hundred Two Thousand Seven Hundred Fifty-Nine and 43/100 
Dollars ($102,759.43); FAA paying 90% of Board's cost of 2 laning 
as part of relocation of Indianapolis Road). 


SECTION 2. Two (2) copies of the Contract attached 


hereto are on file with the City Clerk, and are available for 
public inspection. 


SECTION 3. 


That this Ordinance shall be in full force 
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Page Two 


and effect from and after its passage and any and all necessary 








Read the firstAime in full and on motion/by 

seconded bv v _, and duly^hdopted 

by title and rererrea to the Committee ^ / 


Plan Commission for recommendation) and P ublic Hearing to be 

due legal notice, at the Councj_l--eKamEers, City-County-B uilding; -^ort Wayne, 
Indiana, on__, the__day of 


IV 

>ted, read the s« 

_(and the 

heldjafter 
ing-r^Fort W 


second time 
(ajid the City 



Read the thirj 
seconded bv 
passage. 


^dr-^i^^in^f ull and on motion by 


TOTAL VOTES 

3RADBURY 

BURNS 

5153ART 

GiaQUINTA 

SCHMIDT 

SCHOMBURG 

SCRUGGS 


AYES 


ILSfiff) by the following vote: 

NAYS ABSTAINED 


and duly adopted/placed on 


6X 




' i ' - CITY^CLERX 


CITY'CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (ZONING MAP)'-(GENERAL) (ANNEXATION) 

-^AP PROPRIATI ON) ORDINANCE (RESOLUTION)- . _ 

yyy day of_ 


on the 


UTION) 


(SPECIAL) _ 

y/yj>. 
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DK'IG OFFICER 


CITY CLERK PRESIDING OFFICER - 

Presented by me to the Mayor of Ahe City of Fort Wayne, Indiana, 
_day of_ _, 19 /© 


jZSa 


at the hour 


o 1 clock 


Approved and signed by me this 
19 > at the hour of_ o ’ clock 



TN MOSES, JR. - MAYOR 
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AGREEMENT ON DALMAN ROAD IMPROVEMENT 

WHEREAS, the Board of Aviation Commissioners has acquired and is in pro¬ 
cess of acquiring highway right-of-way for the widening of Dalman Road to a 
width of 120 feet from Airport Road West to Smith Road in order to relocate 
the Indianapolis Road thereon. 

WHEREAS, the Board will, as part of said relocation, at its cost, extend the 
Baer Field Thruway, an improved 4-lane divided highway, along Dalman to a 
point approximately 5500 feet East of Smith Road in order to replace the existing 
Thruway in said area. 

WHEREAS, the Board will further extend, at its cost, a 2-lane highway along 
Dalman Road the remaining 5500 feet to Smith Road as part of said relocation and 
it is highly desirable to both the City and County that said extension be made 
as a 4-lane divided highway so that the Baer Field Thruway is fully improved 
all the way to Smith Road. 

WHEREAS, the East 3800 feet of said extension is located within the City 
Limits of Fort Wayne and the West 1700 feet of said extension is located outside 
the City Limits in Allen County. 

WHEREAS, it is desirable that said project be bid and constructed as a unit 
in order to minimize construction costs and to provide for efficiency of design 
and construction. 

WHEREAS, the Board has secured complete engineering and construction plans 
for said work and the City of Fort Wayne has advertised for bids for said work 
as the agent for the Board and the engineers' estimate for the additional cost of 
constructing a divided 4-lane highway over said remaining 5500 feet East of 
Smith Road is $428,000.00 over and above the cost of 2-laning said road as pro¬ 
posed and to be paid for by the Board. 

WHEREAS, said work as composed will comply with City and County specifica¬ 
tions and standards and has been approved by the respective departments of 
said governments. 

WHEREAS, the fair share of the cost to provide for the 4-laning of said 
road is 1700/5500 or 31% (estimated to be $132,680.00) to Allen County and 
3800/5500 or 69% (estimated to be $295,320.00) to the City of Fort Wayne. 
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NOW, THEREFORE, it is hereby mutually agreed: 

1. That the Board shall execute a contract for the construction of the ex¬ 
tension of the Baer Field Thruway from its present terminus West to Smith Road 
as a 4-lane divided highway according to the plans submitted to the best and 
lowest contract bidder. 

2. That the City of Fort Wayne will reimburse the Board for its 69% share 
and the County of Allen will reimburse the Board for its 31% share of the cost of 
constructing the West 5500 feet of said highway as a 4-lane divided highway over 
and above the cost of a 2-lane highway to be paid for by the Board. 

3. That said reimbursements will be paid by the City and County to the 
Board according to the engineers' authorizations for the payment of said work 
to the contractor. 

Dated this day of July, 1983. 


BOARD OF AVIATION COMMISSIONERS, 
BY 


)F AVIATiUN UUlviMloblUINr,r( 



(Harley Graham) 


CITY OF FO 
BY ^ 


A.YNE, _ 


(Win C. Moses, Jr.) its MAYOR 

(Sandra E. Kennedy) iljg CLERK 


ALLEN COUNTY BOARD OF COMMISSIONERS, 















ADDENDUM TO AGREEMENT 
ON DALMAN ROAD IMPROVEMENT. 


Contract for the extension of the Baer Field Thruway along Dalman 
Road to a point approximately 5,500 feet East of Smith Road was duly cer¬ 
tified by the City of Fort Wayne and awarded by the Board of Aviation 
Commissioners to Rieth-Riley Construction Company, Inc. on their low bid of 
$1,379,992.61 on August 17, 1983. 

The amount of said contract is subject to adjustment for quantities of 
materials used and any necessary change orders incurred during construc¬ 
tion . 

The 69% share of the cost of said contract chargeable to the City of Fort 
Wayne as bid is $243,154.82. 

The 31% share of the cost of said contract chargeable to Allen County 


is $109,243.47. 
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BILL NO. 


REPORT OF THE COMMITTEE ON FINANCE 


WE, YOUR COMMITTEE ON_ FINANCE _TO WHOM WAS REFERRED AN 

ORDINANCE approving a Contract by the City of Fort Wayne bv and 
through its Board of Aviation Commissioners for extension of Baer 

Field Thruway Dalman Road and Smith Road 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE 


MARK E. GiaQUINTA, CHAIRMAN 


JAMES S. 

STIER, VICE CHAIRMAN 

JANET G. 

BRADBURY 

SAMUEL J. 

. TALARICO 

DONALD J. 

- SCHMIDT 
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DIGEST SHEET /J 

TITLE OF ORDINANCE: Contract for Dalman Road Improvement _ 

DEPARTMENT REQUESTING ORDINANCE: Board of Aviation Commissioners _ 

SYNOPSIS OF ORDINANCE: Approves agreement between Board of Aviation, City 
of Fort Wayne and Allen County Commissioners for extension of Baer Field Thruwa y 

as 4 lanes over Dalman Road to Smith Road, approximately 5,500 feet. City to pay 

69% of cost based on bids received for its share of 2 laning and guard rail for par t 

in city. County to pay 31% of cost of. 2 laning_and guard rail frvr part in. nnnnty _._. 

FAA is paying 90% of Board's cost of 2 laning - ns part nf rplonatinn nf TnrHarmpnlis: 

Road in order to extend Runway 13-31 approximately 2,000 feet to the Northwest. 


EFFECT OF PASSAGE: Necessary extension of Runway 13-31 at Baer Field, re¬ 

routing of Indianapolis Road, and extension of Baer Field Thruway over Dalman 
Road approximately 1 mile to Smith Road. 

EFFECT OF NON-PASSAGE: None of above. _ 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS): Total Contract 
$1,379,992.61; City's share $243,154.82; Board's share $102,759.43. 


ASSIGNED TO COMMITTEE: 


Finance Committee 




























